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PUBLIC. IMPROVEMENTS 


INTRODUCTION 


The purpose of the Public Improvements Program is to present a staging in logical 
sequence of the Public Improvements needed during the planning period extending to 
1980. These improvements, which include such facilities as schools, fire stations, 


parks and utilities, were proposed and detailed in the Community Facilities Plan. 


In this report each improvement is listed according to the anticipated year it 
will be needed based upon trends in City growth and development. Priorities are not 
suggested within the year group. Improvements which involve both purchase of land and 
development of facilities are listed as separate items because of the necessity of pur- 
chasing the site in advance of providing improvements. Some improvements are divided 
into several stages, because the entire improvement is not needed at once, or because 
of the necessity of financing it over a period longer than a year. 


Financing the proposed improvements is largely a public responsibility to be ad- 
ministered through various agencies of the City and County Governments. The financ- 
ing method most often used in this report is Current Revenue. Current Revenue in this 
instance reflects not only the current operating budget, but also any reserves on hand 
whether accumulated from taxes levied for special projects or from reserves accumulated 
over a period through savings in the operating budget. Whenever possible, the Current 
Revenue method of financing is recommended because it is generally more acceptable to 
the Public than Bonds and it is usually more economical. However, when the cost of a 
project, or series of projects, is too great for Current Revenue, Bonds are recommend- 
ed as a means of financing. 


PUBLIC IMPROVEMENTS PROGRAM 


1962-1963 


IMPROVEMENT 


Purchase part of block between Church 
and Fearing and Martin and Pool Streets 
for new City Hall 


ESTIMATED COST 


$13,000.00 


FINANCING 


Revenue 


Purchase site and develop a neighborhood 
playground 


Hire Consulting Engineering Firm to make 
a complete study of drainage area includ- 
ing all pipe sizes 


Purchase Caterpillar to help Sanitary 
Landfill Operations 


Sewer extension and Lift Station for an- 
nexed area 


Camden Causeway - Charles Creek improve- 
ments 


Purchase right-of-way for major street 


20,000.00 


Current 


Revenue 


City 


City 


City 


City 


City 


City 


City 
City 


City 


1963-1964 


10. 


IMPROVEMENT 


Have plans drawn for new City Hall 


ESTIMATED COST 


$10,000.00 


FINANCING 


Current Revenue 


Develop community recreation area at 
Enfield Park 


Purchase site for new white elemen- 
tary school 


Purchase one other part of block be- 
tween Church and Fearing and Martin 
and Pool Streets 


Replace 1923 American La France 
Pumper Fire Truck 


Purchase site for Sewerage and Treat- 
ment Plant 


Purchase right-of-way for major streets 


20,000.00 


Current Revenue 


City 


County 


City 


City 
City 


City 


City 


City 


City 
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1964-1965 


IMPROVEMENT ESTIMATED COST FINANCING 
1. Purchase site and develop a neighbor- $10,000.00 Current Revenue —- City 


hood playground 
2. Replace 1942 Seagrave Pumper Fire 

Truck 22,000.00 Current Revenue - City 
3. Annie Es Jones Elementary School 

should be brought up to good con- 


dition or replaced — Good Condition 50,000.00 
Replaced 200,000.00 County Bonds 
4. Addition to uptown parking 10,000.00 Current Revenue —- City 


5. Purchase the remaining two lots be- 
tween Church and Fearing and Martin 


and Pool Streets 26,000.00 Current Revenue —- City 
6. Camden Causeway - Charles Creek 

Improvements 5,000.00 Current Revenue —- City 
7. Urban Renewal 20,000.00 Current Revenue —- City 


8. Improvements to Enfield Community Re- 
creation Area 5,000.00 Current Revenue — City 


10. Purchase right-of-way for major streets 20,000.00 Current Revenue - City 
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1965-1966 


IMPROVEMENTS 


Construct a new Negro Branch 
Library on present site 


ESTIMATED COST 


$10,000.00 


FINANCING 


County 


Purchase site for new Fire Sub- 
Station 
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Camden Causeway - Charles Creek 
Improvements 


Improvements to Enfield Recreation 
Area 


Purchase right-of-way for major streets 


20,000.00 


Current 


Revenue 


City 
City 


City 


City 


City 


City 


City 


City 


IMPROVEMENTS 


S. L. Sheep-Harney Elementary 
School should be brought up to 


1966-1967 


ESTIMATED COST 


good condition or replaced - Good Condition $100,000.00 


Replaced 


600,000.00 


FINANCING 


County Bonds 


Purchase site and develop a neigh- 


borhood playground 


25%. GLty:, 25% 
50% Federal 


Beginning of Stadium at Enfield 
Recreation Area 


Camden Causeway - Charles Creek 
Improvements 


Purchase right-of-way for major 
streets 


20,000.00 


Current Revenue 


- City 


- City 


- City 


1967-1968 


IMPROVEMENTS ESTIMATED COST FINANCING 
Bring up to date existing Storm $10,000.00 Current Revenue - 


Sewer System 
H. L. Trigg Elementary School 
should be brought up to good con- 


dition or replaced - Good Condition 75,000.00 
Replaced 200,000.00 County Bonds 
Construct new Main Branch Library 50,000.00 City - County 


Facility on present site 


Addition to Stadium at Enfield Re- 


creation Area 10,000.00 Current Revenue - 
Pureiaee site Gor Tuduetrial ravk © «=«=«©=«»««18,000)00 Current Revenue = 
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Purchase right-of-way for major streets 20,000.00 Current Revenue - 


City 


City 
City 
City 
City 


City 


1968-1969 


IMPROVEMENTS 


Develop a Neighborhood Playground 


ESTIMATED COST 


$10,000.00 


FINANCING 


Current 


Revenue 


Improve condition of Elizabeth City 
Junior-Senior High School or replace 


Good Condition 


Replace 


75,000.00 
1,000,000.00 
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25% City, 25% 
50% Federal 


Develop Water supply from Dismal 
Swamp 


Camden Causeway - Charles Creek 
Improvements 


Purchase right-of-way for major streets 


20,000.00 


Current 


- City 


County 


- City 


- City 


- City 
- City 


- City 
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1969-1970 


a 


IMPROVEMENTS ESTIMATED COST FINANCING 


1. Construct new White Elementary 

School $350,000.00 County Bonds 
2. Improve Good-Poor condition of 

P.W. Moore Junior-Senior High 


School or replace - Good Condition 100,000.00 
Replace 800,000.00 County Bonds 
3. Swimming Pool in Enfield 
Recreation Area 35,000.00 Current Revenue - City 
4e Annexation (City Limits) 150,000.00 Current Revenue — City 
5. Urban Renewal 30,000.00 Current Revenue — City 
6. Stadium Improvements 10,000.00 Current Revenue —- City 


7. Purchase right-of-way for major streets 20,000.00 Current Revenue —- City 
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IMPROVEMENTS 


Develop a Neighborhood playground 


1970-1971 


ESTIMATED COST 


$10,000.00 


FINANCING 


Current 


Revenue 


Develop another tract of Swampland 
as a Disposal area 


Purchase additional Police Patrol 
Car 


Additional Substation for Electric 
Power 


Camden Causeway —- Charles Creek 
Improvements 


Improvements to Enfield Recreation 
Area 


Purchase right-of-way for major streets 20,000.00 


Current 


Revenue 


City 


Gilby 


City 


City 
City 


City 


City 


City 
City 


City 
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1971-1972 


IMPROVEMENTS ESTIMATED COST FINANCING 

1. Replace 1951 Chevrolet (Oren) 

Pumper Fire Truck $25,000.00 Current Revenue —- City 
2. Elevated Water Tank 100,000.00 Current Revenue —- City 
3. Urban Renewal 40,000.00 Current Revenue — City 
4. Addition to uptown parking 15,000.00 Current Revenue —- City 
5- Camden Causeway - Charles Creek 

Improvements 5,000.00 Current Revenue — City 
6. Stadium Improvements 5,000.00 Current Revenue — City 
7. Purchase right-of-way for major streets 20,000.00 Current Revenue — City 

1972-1973 

1. Develop Regional Park at Knobbs 

Creek 2,500.00 Current Revenue —- City 
2. Improvements to Airport 50,000.00 25% City 25% County 

50% Federal 

3. Camden Causeway - Charles Creek 20,000.00 Current Revenue - City 

Improvements 
4. Purchase right-of-way for major streets 20,000.00 Current Revenue - City 


IMPROVEMENTS 


Raise voltage from 4,000 k.w. 
to 12,000 k.w. 


Camden Causeway - Charles Creek 
Improvements 


Begin Municipal Marina at Camden 


Causeway 


Creek 


Replace 1955 Howe Pumper Fire 
Truck 


Towards Municipal Marina 


1973-1974 


ESTIMATED COST FINANCING 
$100,000.00 Current Revenue — City 
"900,000.00 City Bonds 

40,000.00 Current Revenue —- City 

1974-1975 
5,000.00 Current Revenue —- City 
10,000.00 Current Revenue —- City 

1975-1976 
28,000.00 Current Revenue — City 
"49,000.00 + Current Revenue - City 
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1976-1977 


IMPROVEMENTS ESTIMATED COST 


1. Replace 1955 American La France 
Aerial Ladder Fire Truck 


$40,000.00 


FINANCING 


Current 


Revenue 


2. Toward Regional Park at Knobbs 


Current 


Current 


Current 


Current 


Revenue 


Revenue 


Revenue 


Revenue 


Creek 10,000.00 
1977-1978 
1. Complete Municipal Marina 20,000.00 
1978-1979 
1. Toward Regional Park at Knobbs 
Creek 5,000.00 
1979-1980 
1. Purchase one additional Police 
Patrol Car 4,000.00 


2. Complete Regional Park at Knobbs 
Creek 


15,000.00 


Current 


Revenue 


City 


City 


City 


City 


City 


City 
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The preparation of this report was financed in part through an 
urban planning grant from the Housing and Home Finance 
Agency, under the provisions of section 70] of the Housing 


Act of 1954, as amended. 


